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be used by said first part in the pumping engines furnished under this contract.
p      '          The said part    of the first part further agree ^
to indemnify and save harmless the City of St.^Louis from all suits or actions brought against the said city on account of injuries or damages received or sustained by any party or parties during the construction of the pumping engines, or by or in consequence of any negligence in guarding the same, or any improper materials used in the construction, or by or on account of any act or omission* of the said part of the first part or agents.
Q                The part     of the first part further agree    that
each engine furnisned under this contract shall have a pumping capacity of ten million U. S. gallons in twenty-four hours.^ The capacity to be at a speed that will insure smooth and quiet action, and to be determined by the experts during the duty test.
B                The part      of the first part hereby agrees   that
the pumping engines furnished under this contract shall perform, during a running test of twenty-four hours, a duty of one hundred and twenty-five million foot-pounds per thousand pounds of commercially dry steam.
The part of the first part further agree that in case either engine fails to perform a duty of one hundred and twenty-five million foot-pounds per thousand pounds of steam, during the working test
of twenty-four hours,--------will pay to the party of
the second part, as an agreed measure of damages for lack of efficiency of the engine, in the ratio of $2,500.00 for each one million foot-pounds which the duty falls below one hundred . and twenty-five million.
In case either engine exceeds, during the twenty-four hours working test, an average duty of one hundred.and twenty-five million foot-power per thousand pounds of steam, the party of the second part agrees to pay to the part of the first part, as a reward for the superior efficiency of the engine, an amount to be in the ratio of $1,000.00 for each one million foot-pounds which the duty comes above one hundred and twenty-five million.
8 On condition of the true and faithful performance of all the conditions of this agreement and specifications, the said party of the second part agrees to pay to said part of the first part the sum of-----------dollars, subject to such additions or